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Message Text 

UNCLASSIFIED 

PAGE 01 BANGUI 00373 021626Z 
ACTION AF-08 

INFO OCT-01 ISO-OO OCL-OO FBOE-OO SY-05 OC-06 CCO-OO /020 W 

030931 114646/15 

R 021555Z MAR 77 
FM AMEMBASSY BANGUI 
TO SECSTATE WASHDC 8316 
INFO AMEMBASSY ACCRA 
AMEMBASSY ABIDJAN 
AMEMBASSY LAGOS 
AMEMBASSY MONROVIA 

UNCLAS BANGUI 0373 

AF/EX 

ACCRA FOR RCO 

ABIDJAN FOR RTO 

LAGOS FOR RSO 

MONROVIA FOR ATO 

E.O. 11652: N/A 

TAGS: ABLD, ASEC, AMSG, ANSU 

1 . CONSTRUCTION CONTRACT CALLS FOR COMPLETION OF 
VAULT AND ROOF NLT JULY 1, WITH PENALTY IMPOSED 
THEREAFTER. WORK FOUNDATION AND GENERATOR SHED 
HAS ALREADY BEGUN. 

2. FOLLOWING IS PROJECTED SCHEDULE (DATES ARE 
APPROXIMATE): 

MARCH 20 - BEGIN INSTALLATION OF THE RE-BAR 

GRID FOR CONCRETE LINER OF WALLS AND FLOOR IN VAULT AREA. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BANGUI 00373 021626Z 


APRIL 1 - BEGIN INSTALLATION OF CONDUIT 

APRIL 15 - BEGIN FRAMING TO POUR CONCRETE 

APRIL 30 - BEGIN POURING CONCRETE FOR CONCRETE LINER FOR 
WALLS AND FLOOR OF VAULT AREA (ROOF WILL BE POURED LATER). 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


3. PLEASE ADVISE IF MORE INFORMATION IS NEEDED FOR 
SCHEDULING TDY PERSONNEL.SMITH 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 02-Mar-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977BANGUI00373 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: n/a 

Expiration: 

Film Number: D770073-0193 
Format: TEL 
From: BANGUI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 977031 03/aaaadmnw.tel 

Line Count: 65 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: 615488ac-c288-dd1 1-92da-001cc4696bcc 
Office: ACTION AF 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 03-Nov-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 2944953 
Secure: OPEN 

Status: <DBA CHANGED> mcm 20041 1 02 
Subject: CONSTRUCTION CONTRACT 
TAGS: ABLD, ASEC 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/615488ac-c288-dd1 1-92da-001cc4696bcc 
Review Markings: 
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